Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 05 JUL 2006 


Message Text 


UNCLASSIFIED 
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ACTION FBOE-00 

INFO OCT-OI EUR-I2 ISO-00 A-01 OC-05 CCO-00 SY-04 /023 W 

068301 

R0714I2ZFEB 75 
FM AMEMBASSY VIENNA 
TO SECSTATE WASHDC 4742 
AMEMBASSY PRAGUE 
INFO AMEMBASSY BONN 

UNCLAS VIENNA 1075 

DEPT EOR FBO/RUSSILLO, PRAGUE EOR KEITHLY, BONN EOR RCO/RINKER 
FROM ZIMMERMAN 

E.O. 11652: N/A 
TAGS: ABLD, CZ 

SUBJECT: CONGEN BRATISLAVA 

FOLLOWING PROGRESS REPORT IS SUBMITTED ON CONGEN BRATISLAVA 
AS OF FEB 6: 

A. BRATISLAVA ELECTRIC CO. INSPECTED ELECTRICAL INSTALLATION 
AND HAS APPROVED CONNECTING THE 80 KVA POWER SUPPLY. THIS 
WILL BE DONE WITHIN THE NEXT 2 WEEKS. THERE WILL BE A SMALL 
SERVICE CHARGE EOR THIS CONNECTION. SPRAVA HAS BEEN TOLD TO 
CONTACT PRAGUE REGARDING 

THIS CHARGE. 

B. THERE ARE 25 PAINTERS PRESENTLY AT WORK IN THE CONSULATE 
FINISHING THE WALLS. SPRAVA HAS SAID THAT ADDITIONAL PAINTERS 
WILL BE AVAILABLE SOON TO FINISH THE WOODWORK. 

C. THE FACADE REPAIR ON THE SIDE OE THE BUILDING FACING THE 
PARK IS FINISHED. MASONS PRESENTLY WORKING ON FRONT OF BUILDING. 
TERRA NOVA REDIS HAS BEEN RECEIVED. 

D. ALL APPLIANCES EXCEPT FOR KITCHEN STOVES ARE IN VIENNA. 

PX IN MUNICH WILL SEND STOVES AS SOON AS RECEIVED. THIERGARTNER 
WILL TELL US WHEN HE WANTS KITCHEN CABINETS AND APPLIANCES. 
UNCLASSIFIED 

UNCLASSIFIED 
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EMBASSY VIENNA TRUCK WILL DELIVER TO BRATISLAVA. 
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E. GSO ZIMMERMAN AND ASST GSO JACKSON HAVE RECEIVED 90 DAY 
MULITPLE ENTRY VISAS. 

E. EOR BONN - TELEPHONE COMPONENTS REQUESTED BY RINKER WILL 
BE PROVIDED AS CALLED FOR IN RCO'S DRAWINGS. 

G. EMBASSY TEAM PROCEEDING BRATISLAVA ON FEB 25.HUMES 

UNCLASSIEIED 

NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 07 FEB 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975VIENNA01075 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750045-0799 
From: VIENNA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: linki 975/newtext/t1 9750260/aaaacccf.tel 

Line Count: 69 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBOE 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: ElyME 
Review Comment: n/a 
Review Content Flags: 

Review Date: 22 SEP 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <22 SEP 2003 by RowellE0>; APPROVED <31 DEC 2003 by ElyME> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
05 JUL 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: CONGEN BRATISLAVA FOLLOWING PROGRESS REPORT IS SUBMITTED ON CONGEN BRATISLAVA 
TAGS: ABLD, CZ 
To: STATE PRAGUE 
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